Red Line Transformation —__ PST) 
Construction Project Updates NLS 


Week in Review and Lookahead 
Friday, August 18, 2023 


This coming week, early access and weekend work will 
continue on the Red Line. Visit the alerts page to stay 
up to date on changes to service. 
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Codman Yard Expansion and Improvements: Upgrade the yard to increase service capacity, replace outdated 
infrastructure, and enhance safety 


v¥ This Week | Crews continued hauling old materials out of the yard, placing concrete for new duct 
banks, and backfilling 


¢ Lookahead | Crews will continue with duct banks installation, track work, and vegetation 
management 


*Schedule subject to change with weather conditions and in 
accordance with public health directives Page 1 of 2 
Project percentages represent the value of the installed work 
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Cabot Yard: Upgrade Cabot Yard to increase service capacity, replace outdated infrastructure, and enhance safety. 


v This Week | Crews organized the site area by creating stockpile bins and installed trench boxes in 
preparation for excavating duct banks 


e Lookahead | Crews will be excavating and installing duct banks 


*Schedule subject to change with weather conditions and in 
accordance with public health directives Page 2 of 2 
Project percentages represent the value of the installed work 
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